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INFO AMEMBASSY CAIRO 

UNCLAS TEL AVIV 0979 

STATE FOR SSM 

CAIRO PASS TO GETTIER 

E.O. 11652: NA 
TAGS: PFOR, IS 

SUBJ: SINAI FIELD MISSION STATUS REPORT AS OF COB 8 FEB 

1.RCM-SFM5-10 

A. FACILITIES: ERECTION OF BARRACKS NO 4 AND THE LAUNDRY BLDG. IS 
COMPLETE. INSTALLATION OF KITCHEN APPLIANCES CONTINUES, THE KITCHEN/ 
MESS HALL IS EXPECTED TO BE OPERATIONAL FOR NOON MEAL TOMORROW 

(9 FEB). INSTALLATION OF SHOWERS IS UNDERWAY IN BARRACKS NO 3, 

SHOULD ALSO BE FUNCTIONAL BY TOMORROW. WALL AND ROOF PANELS ARE 
BEING ASSEMBLED FOR THE CONTRACTOR'S OFFICE BUILDING AND TEMPORARY 
QUARTERS FOR THE INITIAL FEMALE STAFF. FINAL GRADING IS COMPLETE FOR 
THE WAREHOUSE BUILDING. INVENTORY OF EQUIPMENT AND MATERIALS 
CONTINUES. INSULATION AND CEILING OF THE DIRECTOR'S QUARTERS 
CONTINUES. IT IS ESTIMATED TO BE COMPLETE TOMORROW. 

B. COMMUNICATIONS: EXTENSIVE TROUBLE SHOOTING OF WIDEBAND TTXY 
SUB-SYSTEM WAS CONDUCTED A.M. 9 FEB 76. PROBLEMS CENTERED AROUND 
A BAD 700 B-5 WIDEBAND TTY CONVERTER. ALSO, THE PATH FROM THE DATA 
SELECT MODULE RADIO EQUIPMENT WAS BAD. PROBABLE CAUSE WAS SAND/DUST. 
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MODULE VIA THE AUDIO PATCH PANEL WHICH ALLOWED THE LOOP PORTION 
OP THE TTY CIRCUIT TO OPERATE. CURRENTLY RECEIVING TTY FROM 
DISTANT END. COORDINATION OP DISTANT END'S RECEIVE BEING 
ACCOMPLISHED. 

C., D., E., F., AND G., NEGATIVE. 

DUNNIGAN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: PEACE OBSERVATION MISSIONS 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 FEB 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976TELAV00979 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760050-0117 
From: TEL AVIV 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760262/aaaaccms.tel 

Line Count: 68 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SSM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ShawDG 
Review Comment: n/a 
Review Content Flags: 

Review Date: 08 SEP 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <08 SEP 2004 by meiwo; APPROVED <08 SEP 2004 by ShawDG> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SINAI FIELD MISSION STATUS REPORT AS OF COB 8 FEB 
TAGS: PFOR, IS 
To: STATE 
Type: TE 
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